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UNCLASSIFIED 

PAGE 01 LAGOS 02370 250757Z 
ACTION SY-05 

INFO OCT-01 AF-10 ISO-OO FBOE-OO /016W 

036896 252303Z/61 

R 24145 1Z FEB 78 
FM AMEMBASSY LAGOS 
TO SECSTATE WASHDC 6744 

UNCLAS LAGOS 02370 

FOR OIC/NSU 

E.O. 11652: N/A 

TAGS: ASEC/NSU 

SUBJECT: NOB CONSTRUCTION 


Message Text 


1 . MATERIAL DUE TO START ARRIVING AT END OF WEEK. WILL TAKE 
WEEK TO TEN DAYS TO BE READY FOR WORK. 


2. WORK IN MCCC WILL BE SLOW AS POWER IS OFF FOUR HOURS EACH 
WORKING DAY. 


3. VAULT DOORS NOT DUE TILL MARCH 10. WOOD DOORS WILL BE USED 
TILL THEN. 


4. IF WE ONLY HAVE CCC IT CAN BE HANDLED BY ONE MAN. 

5. WORK SIX DAYS A WEEK BUT THAT IS ALL THERE IS TO DO. 

6. RSO HAS MESSAGE THAT STATES THAT CONSEC WILL COVER ALL OF 
FOURTH FLOOR AND DAO SECTION OF THIRD. YOU STATED IT WAS JUST 
FOR CCC. ADVISE. 

7. ONLY PROBLEMS I FOUND WORKED OUT. OTHER PROBLEM WAS NOTED 
BY RSO. WAITING FOR REPLY. 

EASUM 

UNCLASSIFIED 
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